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1.0  T  echnical  Progress 

During  this  reporting  period,  detailed  layout  of  the  ADC  chip  and  final  circuit  simulations 
continued.  The  attached  figure  shows  a  plot  of  the  partially  completed  chip  layout.  All  signal  path 
cell  layouts  have  been  completed.  To  address  manufacturability  issues,  the  chip  floorplan  was 
revised  slightly,  resulting  in  a  reduction  in  overall  chip  size  (by  approx.  15%)  to  4.9  mm  x  4.5 
mm.  Critical  blocks  are  currently  being  reviewed  and  layout  revision  recommendations  generated. 
Block-to-block  routing  is  in  progress,  and  interconnect  parasitics  are  being  extracted  to  enable 
back-annotation  of  circuit  simulation  files.  Critical  signal  paths  are  then  re-simulated  and  circuit 
designs  adjusted  to  optimize  performance. 

2 .  Plans  for  Next  Reporting  Period 

During  the  next  reporting  period,  the  detailed  chip  layout  and  circuit  simulations  will  be 
completed. 

3 .  Financial  Status 

The  attached  table  shows  the  forecasted  versus  actual  expenditures  for  the  Phase  1 
program.  At  month-end  February,  1998  we  are  showing  a  deviation  from  forecast  of  $5.4K  (out 
of  a  cumulative  actual  of  $486.3K,  or  about  1%).  This  is  a  reduction  in  forecast  deviation  of 
$21.6K  (compared  to  month-end  January),  and  is  primarily  the  result  of  a  return  to  normal 
headcount  levels. 


Table  1.  Program  Expenditures  Forecast 


